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PROPOSED CHARTER AND CPERATING PLAN 
OR THE BUILDING PLANNING STAFF 


Lies Yhe major mission of the Buildings Planning Staff is to prepare recommenda - 
tions leading to the approval of a plan which, when completely implemented, will see 

in being by calendar year 1980 the maximum feasible degree of consolidetion of Azvency 
scxsomnel and physical assets now distributed throughout the Washington metropolitan 
axea Located at the Langley Headquarters site, Its recommendations should also include 
any or all of the land holdings currently assigned to the Bureau of Public Roads which 
need be acquired by this Agency in order to effect the consolidation, The zecommenda- 
tieas snould further include: 

2, "The functional purpose of new buildings to be erected in order to 
cccommodate the movement of udditional personnel to Langley. 


b. The rumber of such Structures, by function, to be erected, 


nr 


c. ‘Vhe actual location of any new Structure or structures in relation to 
cuctent builcings on the Langley property. 


d. The need for additional parking areas to accommodate the planned 
cobulation growth, 


t 


ec 


Detar: 


C. , Jeterminations as to the adecuacy of current employee services 
facilities, or need to exnand them, such as caieterias, credit union and insurance 
oifices, etc, 


ie Determinations as to the adequacy of current access roads in connec- 
tion with the planned population growth, 


a, Ae adequacy of current commercial telephone and power input into 
—cnviey in connection with the blanned nepulation erowth. 
2,  Inundertaking its study, the Building Planning Staff must be constantly mind- 
ui cf the fact that actual construction meéy not be commenced until a maximum period 
of ten years has transpired, Accordingly, by consultation with appropriate Agency tech- 
mice. personnel and probably with external Agency sources, some projections must be 
ccveloped as to che state of the art in certain fields that may be developed in the maxi- 
rium ten-year time frame. This wou'd snclude, but not be limited to, new generation 
automatec ecuipment, new advances in the entire spectrum of telecommunications, 
developments in the printing and graphics industry, and other such matters. 
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a ine Stati should review the methodology used and the studies prenared 


a 


ir the original group who plannec the 
aiso review the work done by 


LUag cl tC 


acs building at Lanzley. It shoud 


in 1966 in connection with planning 
to Duild at that time a “special-nurpose" building at Langley. It should further cbzain 


pare es 


ciings as to future developments in the reconnaissance field w 


ere a i a 
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ponsibility of this Agency and,- accordinely, have to be reflected in the nlannia:, 
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“. In arriving at a deterraination as to whether new construction should be 


primarily designed for organizational units necding particular technical coniiguration 
ox whether new construction should be primarily for conventional office purposes, 

the group should compute the approximate total cost of special-configuration work done 
ac ie Langley building since its occupancy. It should further compute the cost involved 
tS restore such specially confieured space to conventional office space as this will be a 
“cccct cost input to a total development plan. 


Se The contents of the recenily concluded Domestic Real Estate Task Force 
stucy should be reviewed and any guidance contained in it should be included as a e 


Dlanning factor. The "Fifteen-Vear Plannine Guide" prepared by Mr. Lyman B, 
“ixkpatrick at the direction of the then Director of Central Intelligence, Admiral 
Radora, should also be reviewed for What Planning assistance may be contained therein, 


S. itis further sugeested that, in its initial Stages, the Building Plannine Staff 
be composed of only four individuals. These individuals should consist of the Staff 
Cauief, who should be appointed with the as sumption that he will carry the project 


a 
1 
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<ixouch its conclusion. The other three members initially should be an engincer, an 
avchicect, and a general-duty staff officer. This group should first address itself to a 
iurther definition of its mission and the development of a course of procedure and 
escma 


naced time schedule, When these matters are accomplished, the Chief of the Build- 
: nel assets believed to be 


necessary, Q 
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